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BILL NO. S-82-07- c= ^T) 


SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving Change Order 
No. 4, Resolution No. 331-80, North 
Maumee Interceptor, in connection with 
the Board of Public Works. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 4, Resolution No. 

331-80, North Maumee Interceptor, with Busch, Inc., Contractor, 

in connection with the Board of Public Works, for: 

decreases and increases resulting from the 
final field measurements and quantities, 

involving a net decrease in the amount of Seventeen Thousand 

Three Hundred Forty-Seven and 60/100 Dollars ($17,347.60) 

all as more particularly set out in the specifications, which 

are on file in the Office of the Board of Public Works and are 

by reference incorporated herein, made a part hereof, be and the 

same are hereby in all things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full 

force and effect from and after its passage and any and all 








Head the first 
seconded by 


in full and on motion by_ 

and dulv^dopted, read the second time 






_(and the City 


[earring to be held after 


by title and referred to the Committee _ 

Plan Commission for recommendation) and Public^ 
due legal notice, atthe--C5uncil TThaxnber^^City-County Building, Fort Wayne, 

Indiana, on_ ^ _, the ~ -—— - -day of 

_ x , 19 , at__o'clock_.M.,E.S.T. 


DATE: 




CHARLES W. WESTERMAN - CITY .CLERK 


Read the third'TE&me in 

seconded by_ -- 

passage. PASSED 


ihjfull a#d on motion by 

. and rlnl' 


TOTAL VOTES 

BRADBURY 


AYES 

Y 


(LOST) by the following vote: 

NAYS ABSTAINED 


and duly adopted, placed on its 


SCHMIDT 

SCHOMBURG 


DATE: 




C^TARLEg^W^WESTERMAN - CITY CLERK 
Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (ZGNLNG-t^APi-(GENERAL)-(ANNEXATION) 

.(APPROPRIATION) ORDINANCE (RE SOLUTION) N0._ 

on the _ /^ day of ^ ^ ) 


(SPECIAL) j 


ATTEST: 


(SEAL), 




_ 

CHARLES W. WESTERMAN - CITY CLERK PRESIDING OFFICER 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 
“ ^ dav of " -IQ A at the hour of 


_day of_ • 19 i°±) , 

/ /■ ' o 'clock (j^)- 




• M.,E.S.T. 




. . * ■- -- - 

CHARLES W. WESTERMAN - CITY CLERK 


Approved and signed by me this \34K d ay of_ [ 

19 , at the hour of_ lyj o 'clock 






• M.,E.S.T. 




WIN MOSES, JR. - MAYOR 















































































S-82-07-30 


BILL NO. 


REPORT OF THE COMMITTEE ON CITY UTILITIES _ 

WE, YOUR COMMITTEE 0 N City Utilities T O WHOM WAS REFERRED AN 

ORDINANCE approving Change Order No. 331-80, North Maumee' 
Interceptor, in connection with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE ^ P ASS. 

PAUL M. BURNS - CHAIRMAN ■ ( 


MARK E. GiaQUINTA - VICE CHAIRMAN 


JAMES S. STIER 


JANET G. BRADBURY 


ROY J. SCHOMBURG 


TW- 



CONCURRED IN 

CHARLES W. WESTERMAN, OTY CLF; 
































CHANGE ORDER 


W12. 


Change Order No. 4 and Final _ 

Project No. C-180599-08 _ 

Name of Project: NORTH MAUMEE INTERCEPTOR 


To; BUSCH, INC. 


Gentlemen: 


(Contractor) 


Resolution No. 331-80 
Board Order No . 54-80 

Date j_ $y/^/v 


Specifications- reqUeSted ^ C ° mPly ^ f ° llowin 2 chan S es from the contract plans and 


Item 

No. 

Ouantitv 

Description of Chance 

Description 

Unit Price 

Change in Co 
Decrease 

itract Price 
Increase 



SEE ATTACHED SHEET 




























Total Decrease 

Total Increase 

Net (Decrease) (amjceeee) Contract Price 

23,678.20 



6,330.60 

17,347.60 



The sum of $ J _ 7 » 347 - 60 -is hereby (deducted from) 

and the final contract price shall be adjusted as follows: 


the total contract price 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


< 521,161.90 

<528,501.90 

|511,154.30 


1H°Z completion in the contract for this project is (unchanged) 

by -0- -calendar days due to this Change Order. The date for^ompleSon 

of all work shall be- n/A --. Furthermore, this document shall become an 


" ' ”-- ' -—• rur[ nermore, this document shall be 

amendment to the contra^ and all provisions of the contract shall apply hereto. 

• ~ ’ ^ Chief Engineer Date 5^// 


Recommended by: 
Accepted by: / 

Approved by: 


t/.A Contractor Date 


Approved by: 


Date .5/j 




Owner Date 




Attested by: 


- A? C&A 




- Clerk Date. 


7-/-tA 






















































ATTACHMENT TO CHANGE ORDER 

CHANGE ORDER #4 and FINAL 
RESOLUTION 331-80 - NORTH MAUMEE INTERCONNECT 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

1 

- 155 LF 

48" RCP Cl IV 

68.20 

10,571.00 


2 

9 LF 

48" RCP CL III 

62.60 


563.40 

3 

12 LF 

12" Sewer Pipe 

35.00 


420.00 

8 

0.5 VF 

Std. 8" Drop Pipe 

150.80 

75.40 


9 

114 CY 

#53-#73 Special Backfill 

5.00 


570.00 

10 

303 SY 

10" Deep Strength Asphalt 

24.00 


727.20 

12 

3580 CY 

Seed and 1" Mulch 

0.25 

895.00 


13 

54,000 SY 

Broadcast Seeding 

0.15 

8,100.00 


14 

405 LF 

4"-12" Field Tile Replacement 

10.00 


4,050.00 

15 

50 SY 

12" Revetment Riprap 

19.35 

967.50 


17 

3000 LF 

Dewatering 

1.00 

3,000.00 


.18 

6 CY 

Base Stabilization 

11.55 

' 69^30 






































Tol 

:al Decrease 

23,678.20 


Tot 

Net (Decrease) Cox 

:al Increase 


6,330.60 

itract Price 

17,347.60 




































Change Order No. 4 and Final 


Resolution No. 331-80 
54-80 

Board Order No._ 

REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for change:. 


SEE ATTACHED 


2. Will proposed change alter size of the project? Yes_ 

If yes, explain 


No. 


JL 


3. Affect on operation and maintenance cost of this project: 


N/A 


\ o 1 Q- ) 

) \ Project Engineer: 



























JUSTIFICATION FOR CHANGE ORDER #4 and FINAL 
NORTH MAUMEE STUDY AREA - C -180599-08 - r.Q. 54-Rn 
Resolution 331-80 - "Trier Ditch-Moeller Road" 

Busch, Inc., Contractor 


Item #1 

Actual field measurements reflect a substantial decrease from the 
original bid item. 

Item #2 and #3 

Actual field measurements reflect a slight increase from the ori¬ 
ginal bid item. 

Item #8 

Actual field measurements reflect a slight decrease from the ori¬ 
ginal bid item. 


Item #9 and #10 

Actual field measurements reflect a slight increase from the ori¬ 
ginal bid item. 


Item #12 and 13 

Due to the large amount farm ground crossed these two seed items were 
not used. The landowner's farming these areas requested they be left 
open for crop land. 


Item # 14 

Our original engineer's estimate for field tile replacement was very 
low compared with the amount of open farm ground crossed. During 
construction, it was discovered that the individual landowners had 
improved their ground through installation of field tile 


Item #15 

The amount of revetment_rip-rap estimated for this project was 
inadequate. This additional amount was needed to effectively protect 
areas crossed subject to erosion. 


Item #17 

Conditions encountered in the field much different than anticipated 
therefore, the dewatering quantity was not needed. 

Item #18 

Actual field measurements reflect a slight decrease from the oriqinal 

bid i -f- ^ 

















I 


ga 

— CO 

— > 
tr uj 
O cc 


2 

2_, 

X 

Hi c 

o 

vO 

3 ^ 

r ° 

C oo 

- m 
> 

45,322.4C 

1.995.on 

i.724.nn 

23,376.00 

11,628.00 

16,968.00 

-L,±J1.UU 

3,345.00 

3,847.20 

2,678.00 

o 

o 

o 

c 

c 

a 

6,050.00 

0.00 

• O 

> o 

o 

o 

o 

0.00 

o 

00 

o 

3; 406.001 

1,434.00 

2,500.00 


511,154.30 



< E 

2 I- 

“■ < 

c 

PM 

o 

00 

724 LF 

57 LF 

1 EA 

< 

w 

3 EA 

3 ; 

CO 

u 

• ov 

vO 

160.3 SY 

515 SY 

420 SY 

o 

i 

605 LF 

O 

1 

M! 

o 

o 

I—1 

o 

i 

354 CY 

tNJ 

O 

O 

1 EA 

* 100% 





ESTIMATED 

GIIANTITIF <3 
















LUMP SUM 

1 EA 

LUMP SUM 





<o:t 

5°i 

( 155 LF 

9 LF 

12 LF 




p 

c 

114 CY 

>-» 

o 

D 

O 

(3,580 SY) 

(54,000 SY) 

Pn 

hJ 

o 

P 

CO 

o 


(3,000 LF) 

P 

o 

vO 








C.O. 

NO. 

<T 








<* 


<r i 





- 

- 

- 





UNIT 

PRICE 

? 68.2C 

-o o 

2 co 

o 

o 

s 

o 

oo 

CO 

£ s 

vO O 

VO r-j 

o 

o 

0 o 

0 CM 

t LO 

o 

o 

o 

o 

o 


o 

o 

o 

o 

o 


o 

o 

•si- 

o 

Kf 

rH 

~rs~ 

O 

o 





ORIGINAL 

BID UNITS 

CO r 

r 

3 5 

H +1 

H -<T 

w" 

s 

<3 

w 

CO 

3± EA 

8± VF 

>* > 

o u 

r+1 + 

LO C 
m o' 

515± SY 

o 

o 

o 

-d* 

CO 

+i 

o 

o 

o 

o 

o 

!>h 

co 

o 

I 

hJ 

+1 

O 

O 

O 

u 

o 

vO 

CO 


-?tr 

w 

LUMP SUM 1 





DESCRIPTION 

►J k 

u c. 

PM P 

o c. 
pi p 

oo a 

12" Sewer Pipe 

Std. Manhole Type I-J 

Std. Manhole Type II-J (72") 

Std. Manhole Type II-J (96") 

Std. Manhole Type II-J (108") 

Std. 8" Drop Pipe 

#53 or #73 Special Backfill 

2" Asphalt Surface 

Seeding and 1" Mulch 

Broadcast Seeding 

4"-12" Field Tile Replacement 

12" Revetment Rip-Rap 

Brush and Tree Removal 

Dewatering 

Base Stabilization 

8" Sewer Tap C.0. #1 

Pump Station Removal C.0. #2 

Connection of two (2) existing 

8" building sewer taps @ Str. #7 

C.0. #3 

FINAL CONTRACT PRICE 
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PROJECT: NORTH MAUMEE STUDY AREA - TRIER DITCH-MOELLER ROAD 










































































TITLE OF ORDINANC E CHANGE ORDER #4 s FINAL, RESOLUTION 331-30, NORTH MAUMEE INTERCEPTOR 
DEPARTMENT* REQUESTING ORDINANCE Board of PubliTlVorks ^ ^ 

SYNOPSIS OF ORDINANCE This Change Order reflects the decreases and increases 


resulting from the final field measurem ents and quantities. 
Busch, Inc, is the contractor. 


EFFECT OF PASSAGE above project can be completed 


EFFECT OF NON-PASSAGE 


close-out will not be effected 


“ EY “ D (DIRKT C ° STS - SAVINGS) : tet De ^ tl7 „ 7 «„ 

ASSIGNED TO COMMITTEE 
























































